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SEMI-ANNUAL REPORT 


OF THE 


TRUSTEES OF THE PUBLIC LIBRARY, 


UPON THE 
CONDITION AND PROGRESS OF THE WORK 


ON 


THE NEW PUBLIC LIBRARY BUILDING. 


The Trustees of the Public Library of the City of Boston 
have the honor to present to the City Council their semi- 
annual report upon the condition and progress of the work 
on the new Public Library building. The Trustees beg 
leave to preface their report with a statement of their 
relation to the new Public Library building that seems 


_ to be proper in order both to show why a further appropria- 


tion is required to complete the work, and to correct cer- 
tain misapprehensions in regard to their action. 

Although incorporated by a special act of the Legislature, 
that in some degree removes them from the direct control 
of the City Council, the Trustees have always desired to act 
in accordance with the expressed wishes of the City Council 
as representing the people of Boston. They believe, and 
have always acted upon the belief, that all petitions and 
requests that require the action of the Legislature touching 
matters in which the Public Library is concerned should 
come from the City Council, and they have, therefore, never 


+/ 
v 
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petitioned, or officially aided in a petition, that did not origi- 
nate therein. 

In the year 1887, when it became evident that the new 
building couid not be built in a satisfactory manner by the 
City Architect, certain citizens of Boston petitioned the 
General Court for an act that should put the whole control 
of the erection of the new building into the hands of the 
Trustees. Although they were requested to aid this peti- 
tion officially, they declined so to do, and appeared before the 
Legislative Committee only in their individual capacity and 
as witnesses. Two of the Trustees, the only ones examined 
by the committee, stated that they appeared only as wit-— 
nesses, and that the Trustees declined to take any official 
action in aid of the petition. It should be said here that the 
City Council at that time made no objection to the grant of 
the new powers proposed to be given to the Trustees. 

Again in 1889, when the City Council delayed action in- 
reoard to providing money for continuation of the work — 
upon the new building, and it was evident that legislative 
action would be required to enable the city to borrow the 
needed money, the Trustees declined to petition the Legis- 
lature for the reason that in their judgment a petition of such 
a nature should come only from the City Council. 

In order that the matter might be brought before the 
Legislature before the limit of the time fixed for taking up 
new business by that body, and in the absence of any action 
on the part of the City Council, certain citizens of Boston - 
petitioned that the city should be permitted to borrow 
beyond the debt limit a sufficient sum to complete the new 
building. This petition was not opposed by the City Coun- 
cil and it was understood that they were favorable to it. 
The Trustees at the request of the committee appeared before 
it and testified that in their judgment the building could not 
be completed for $1,000,000, but that a much-larger sum 
would be required. The committee, however, reported a 
bill, which became a law, to authorize a loan for $1,000,000 
only. It was stated at the time that the committee thought 
that the rest of the money required could be appropriated 
from the annual levy. Acting under this law the City 
Council authorized the borrowing of $1,000,000, to be placed 
at the disposal of the Trustees. 

After the passage of the Act of 1887 the Trustees, with 
reluctance, assumed the responsibility put upon them. Their 
first duty was to select an architect best fitted to design and 
erect a building that should not disappoint the just expecta- 
tions of the citizens. Such a building, they believed, should 
be absolutely fire proof, and afford ample room to provide 
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for the present and prospective needs of the library, both 
for storing books accessibly, and for the accommodation of 
readers, students, and the administrative force of the insti- 
tution. It should be so arranged and constructed that the 
annual outlay for management and care should be reduced to 
the lowest possible amount; and at the same time and with- . 
out the sacrifice or curtailment of any of these practical ne- 
cessities for architectural effect, it should be a monumental 
edifice and an ornament to the city. Keeping these require- 
ments in view, the Trustees examined carefully the work of 
the foremost architects of the country and consulted freely 
with architects and others whose opinions would be likely to 
afford them assistance, and finally decided that Mr. McKim, 
of the firm of McKim, Mead, & White, could best carry out 
their intentions. It should be said here that Mr. McKim was 
at the time personally unacquainted with any one of the 
Trustees. They believe that their judgment was not at 
fault in making this selection, and that the city will always 
have reason to be proud of the building that Mr. McKim has 
designed. 

In making the plans of the building the Trustees and Mr. 
McKim availed themselves of all information in regard to 
libraries that was within their reach. They were greatly 
assisted by Dr. James Freeman Clarke and W. W. Green- 
ough, Esq., of their number, who had, probably, as extensive 
an acquaintance with library needs and with library buildings, 
both in this country and abroad, as any two persons living. 
After long and careful study they finally determined upon 
the plans that were presented to the City Council in 1888. 

In their annual report submitted in January, 1888, they 
stated that they had reasonable assurance that the plans 
would be completed and estimates prepared by the first of 
the succeeding April. During the winter of 1888 an order 
was introduced and passed in the City Council that “ His 
Honor the Mayor request the Trustees of the Public Library 
to commence and complete such part of the work as could 
be done within the appropriation already made therefor.” 
This order was referred by the Board of Aldermen to the 
Library Committee, who requested information from the 
Trustees, who thereupon appeared before the committee and 
gave what information they had in their power to give, and 
laid before them all the plans for the new building so far as 
they had been completed. They also put at the disposal of 
the committee the architect, his office, and all the plans, 
papers, and figures, of every sort and description, relating 
to the new building. Further than this, they submitted a 
carefully-made model of the proposed building; and this 
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model, together with all the plans, was put on public exhibitio 
in the old State House. | 

There were several hearings on the subject at which some 
of the Trustees were present; but no estimates of the cost 
of the building were presented by them. At this time the 
Trustees were Mr. Greenough, who was succeeded in May, 
1888, by Mr. Prince ; Dr. Clarke, who was succeeded in July, 
1888, by Mr. Pierce; Mr. Whitmore, who was succeeded in 
January, 1889, by Mr. Richards; and Messrs. Haynes and 
Abbott. During the latter part of the time that the matter 
was in the possession of the committee, Mr. Greenough, 
President of the Board, was absent from the State by reason 
of ill-health ; Dr. Clarke was too ill to attend to any business, 
and within a few weeks died; Mr. Abbott was confined to 
his house by a severe illness; Mr. Haynes had taken no ac- 
tive part in the hearings before the committee, and was not 
_ consulted by them in regard to any estimate; and the re- - 
maining Trustee was, with his accustomed energy, opposing 
the grant of any money for the proposed building; so that 
no member of the Trustees, so far as is known, was consulted 
as to the estimate contained in the preamble of the order 
hereinafter referred to. 

The committee in consultation with the architect fixed 
upon an. estimate of $1,166,000, which was embodied in 
the order reported by them. ‘This estimate, it should he 
said in justice to the architect, had to be prepared very hur- 
riedly ; it was, however, founded upon figures furnished by 
two contractors of responsibility in their respectives lines of 
business, for each item of construction. It was never sub- 
mitted to or approved by the Trustees individually or col- 
lectively. That it was not an estimate made or approved 
by the Trustees is shown by the preamble of the order 
which was finally passed, as follows : — 


City oF Boston, 
In BOARD OF ALDERMEN, May 7, 1888. 


Whereas, It appears from careful estimates presented by the archi- 
tects appointed by the Trustees of the Public Library, that the cost 
of the new building will be $1,166,000; now, therefore, in order to 
expedite the erection of said building, but intending that no more than 
the above sum shall be used in said construction, 

Ordered, That the ‘Trustees of the Public Library be and hereby are ~ 
authorized to commence the construction and erection of the new Public 
Library building, according to the plans made by the architects McKim, 
Mead, & White, and approved by said Trustees, and to proceed with 
the work thereon, as far as it can be done within the limits of the 
appropriation, made for the erection of a new library building on 
Dartmouth street, St. James avenue, and Boylston street, and the said 
Trustees are authorized to expend the balance of said appropriation 
therefor. 

‘Passed. Yeas 10, nays 2. Sent down for concurrence. 
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Ix Common Councit, May 10. 
Concurred. Yeas 62, nays 1. 


Approved by the Mayor, May 12, 1888. 
A true copy. ? 
Attest : (Signed) J. H. O'NEr, 


City Clerk. 


It may be further said that this estimate was never seen 
by the Trustees, with the exception of perhaps one of them, 
until it had p: assed the Board of Aldermen. 

The architect’s estimate for the first large contract, which 
included foundations, cut-granite, brick masonry, and iron- 
work for the first story, was $315,000. These figures 
were based upon those used in making the estimate reported 
to the City Council. This contract was finally let for $266,- 
776, so that it seemed at first as if the building could be 
completed for the sum specified. To show the difficulty of 
making an estimate of this character it may be said that the 
bids for it, offered to the Trustees by the most prominent 
contractors in the city, varied from $266,776, the lowest, to 
$354,555, the highest. As the work progressed, however, 
it became evident to the Trustees that the estimate made by 
the committee was too small, and upon examination it was 
found they had accidentally omitted some very large items, 

namely: architects’ commission, decorative work, platforms 
and approaches, shelving, and incidentals, — which latter 
item for a building of this character should be estimated at 
twenty per cent. of the cost. In their first annual report 
thereafter the Trustees called the attention of the City Coun- 
cil to this fact. 

During the winter of 1888, as has been stated, the Legis- 
lature authorized the city to borrow $1,000,000 outside the 
debt limit, to be used towards the completion of the build- 
ing; and in the spring the City Council placed this sum at 
the disposal of the Trustees. The Legislative Committee, 
as has been before stated, were informed by the Trustees that 
this sum was not sufficient ; and in their next annual report 
the Trustees again informed the City Council that the sum 
of $1,000,000 appropriated was not sufficient, and had 
never been approved by the Trustees as an estimate for the 
completion of the building. <A full and detailed statement 
of the contracts and expenditures in regard to the building 
was also submitted, showing that the Trustees had not 
enough money to do much more than cover the building in. 

Since the commencement of the erection of the building 
the Trustees have made regular semi-annual reports to the 
City Council, and one additional report that was made by 
special request. 
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During the past summer and autumn the architects were 
busily engaged in preparing a detailed and eareful estimate 
of the cost of completing the building. This estimate was 
presented to the Trustees complete in the month of Decem- 
ber. It was based upon the very best means of information 
within the reach ofthe architects and Trustees, and amounted 
to $985,560. It included the statuary and decorative work 
contemplated at the time the plans and model were submitted 
to the City Council in 1888 and is submitted herewith [marked 
A}. 

After careful consideration the Trustees decided to reduce 
this estimate to $850,000 by the omission of items of statu- 
ary and other ornamental work which, although they would 
add greatly to the beauty of the building, are not absolutely 
necessary to its completion in a form of which the ‘city will 
have no reason to beashamed. This revised estimate is sub- 
mitted herewith [marked B]. It was communicated to the 
City Council in December, 1890, and an order was then passed 
requesting His Honor the Mayor to petition the General 
Court for leave to borrow the amount named outside the 
debt limit. 

If by the liberality of the city all things omitted could he 
restored, the result would be most fortunate for the building 
and for the city. 

A detailed statement of the present condition of the build- 
ing, and of the work done during the present year, is given 
in the report of the Clerk of the Works appended hereto 
[marked C]. 

It is believed that, if there should be no delay in mak- 
ing an appropriation for the completion of the building, it 
will be ready for occupancy before the end of the next year. 
During the past year the work has been somewhat delayed 
by reason of strikes and other causes beyond the control of 
the contractors. The accompanying schedules show all the 
contiacts that have been made for the construction of the 
building from the beginning; the amounts that have been 
added to the contracts; and the amounts that have been de- 
ducted from them; and the money remaining at the disposal 
of the Trustees. 

In examining these schedules it should be borne in mind 
that a-very small amount of the additions have been for 
changes that add to the cost of the building. Owing to the 
fact that the Trustees have not been able, by reason of the 
smallness of the appropriation at their disposal, to make at 
any time contracts for the completion of the whole work, 
but have been obliged in making proposals to give out the 
work in parts so that bids would not exceed the sums ap- 
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propriated, it has been found in many cases that certain 
work left out of the original contracts could be better per- 
formed in connection with the work contracted for. They 
have, therefore, where their funds permitted, added such 
work to the original contract. This has never been done 
except in the interest of economy; and the additions so 
made have been for work that would be necessary for the 
completion of the building. Such additions, therefore, have 
not added to the cost of the whole building. In every case 
the Trustees have had careful estimates made of the amount 
of the extra work, and have asked bids for it from the con- 
tractors and others; but the work has been given to the 
contractor only when his bid was less than that of outsiders. 
It will be seen by examination of the report of the Clerk of 
the Works that the net amount of all additions to contracts 
is but six and four-tenths per cent. of the expenditures made 
and contracted for. Of the work thus added, but a very 
small part, probably one-tenth, has been work. not contem- 
plated at the time when the original plans were made; but 
this increase his been many times offset by work omitted. 
With these slight exceptions it is believed that all changes 
in the original plans have tended to reduce the ultimate 
cost of the building. <A percentage-of six and four-tenths 
for extras would be small even if they increased the final 
cost of the building —as they do not in this case. Very few 
building contracts are completed with so small a percentage 
of work added. A comparison of the contract price with 
the total cost of fourteen government buildings [see Appen- 
dix D], taken at random from the Supervising Architect’s 
report of 1875, the last one that happens to be at hand, 
shows an average addition for extras of eighty-three per 
cent. ‘ 

No material changes have been made in the main design 
of the building as laid before the City Council in 1888, ex- 
cept in the interests of economy. ‘The chief changes are as 
follows: the court has been changed from its original design 
in granite to brick and marble, at an estimated saving of 
$45,000; the height of the building has been reduced nine 
feet, at an estimated saving of $133,000; the plan of the 
special library floor has been changed, at an estimated saving 
of $50,000; changes have been aca in the design of the 
new Bates Hall, at an estimated saving of $25,000; changes 
have been made in the vestibules, at an estimated saving of 
$15,000 ; changes have been made in the roof, at an estimated 
saving of $15,000; changes have been made in decorative 
work, and in the whole interior finish of the building, that 
must result in a very large saving over the original plans, 
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but the exact amount of which it is impossible to state with 
accuracy. All these changes have been made with the ap- 
proval and by the advice of the architect ; and it is believed 
that they will not take away from the convenience or beauty 
of the structure. Some changes have been made in the de- 
sign of the Blagden-street digeationt which, it is believed, 
have not materially affected the cost of the building, but 
have greatly improved its appearance. 

The total cost of the building when completed will be 
$2,218,865, including shelving but no other furniture. Tak- 
ing into consideration the magnitude and the nature of the 
work this cost is not excessive. Exclusive of the court, the 
building together with the platform covers an acre and one- 
half and contains 4,312,158 cubic feet. The superficial area 
of flooring i is four acres, and of the ceilings four and one- 
half acres. The present stack, which can he nearly doubled 
when more room is needed, is built to hold fifteen miles of 
shelving, while five miles more are required in other parts of 
the structure. The cost of the buildme by the cubic foot 
eompares favorably with other public buildings and with the 
best class of fire-proof business buildings. The cost of post- 
offices and custom houses erected by the government varies 
from fifty cents to one dollar — the cost of the court- house 
and post-office at Hartford reaching the latter sum. The 
library building when completed will have cost but fifty-one 
and four-tenths cents a cubic foot. 

The old library on Boylston street was built to aceommo- 
date 220,000 books, and afforded 6,868 square feet of room 
for students and readers, making the cost for housing each 
book $1.15. The new building i is built to contain 2, 000, 000 
volumes with 32,900 square feet of room for students and 
readers, making the cost for housmg each book $1.10. 

There are at present more than 220,000 books m the old 
hbrary, but they are not properly and conveniently housed, 
as the real capacity of the building does not exceed the 
figures given. 

“It must al ways be remembered that if the architects have 
underestimated the cost of the new library building, there is 
nothing surprising in such a mistake on their part. They 
had no , precedents to guide them in their undertaking either 
in this country or in Europe. They were pioneers in the 
attempt to solve the embarrassing problem of how to combine 
in one structure two essentially distinct and different pur- 
poses. ‘They had not only to provide for the proper housing 
of a very large and continually-increasing collection of vol- 
umes, for this they might have found examples to study, or 
taimitate, in the Old World, but they had to endeavor to do 
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what has never been attempted, —to make this vast storehouse 
of learning accessible and useful to all the people of a great 
city. And this must be provided for in two ways; not only 
Inust ample space be furnished for reading and study to all 
who might seek the building, but convenient arrangements 
must also be devised for the speedy delivery of books to all 
comers to be taken away from the building for home use. 
This is another innovation in library economy, for which, 
upon anything like a similar grand scale, there is no precedent 
to be found. 

Here we have indeed a difficult and perplexing problem, 
and the Trustees feel that it has been satisfactorily solved. 
But the results have not been obtained by intuition; nor 
have they sprung Minerva-like from the brain of any one 
man. They are the slow and settled issues of long and 
faithful labors, necessitating modifiéations and changes, which 
have suggested themselves as the work went on. 

Thus has been developed a building which speaks for 
itself; which has won alike the admiration of instructed archi- 
tects and the approval of cultivated amateurs. The Trus- 
tees, believing this structure to be an honor to our city, and 
a credit to the liberal and far-sighted city government that 
has provided the means for its exterior construction, now 
only ask that its interior may be completed in a manner 
worthy of the noble edifice, and creditable to this wealthy and 
public-spirited community, which has always regarded its 
Public Library as one of its chief civic glories. 

There is yet another consideration bearing upon the cost 
and value of the Public Library building, that was stated so 
well by Mr. Winthrop on the occasion of the dedication of 
the old building, that the Trustees cannot do better than to 
quote his words. Mr. Winthrop said : — 

“But there is another reflection, Mr. Mayor, which more 
than reconciles me to any amount of expenditure which may 
have been honestly incurred in the execution of our trust. 
The building which we are here to dedicate is eminently and 
peculiarly a building for the people, — not only constructed 
at the cost, but designed and arranged for the use, accom- 
modation, and enjoyment of the whole people of Boston. 
Almost all the other public edifices which may be found within 
the limits of our city, though they may be devoted to pur- 
poses in which the many are more or less deeply and directly 
interested, are yet specially and necessarily assigned to the 
occupation and enjoyment of a few. Our convenient and 
comfortable City Hall is for those who, like yourselves, 
gentlemen, may be intrusted, from time to time, with the 
management of municipal affairs. Our massive Court- House 
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is for the still smaller number, who are set apart for the ad- 
ministration of civil or of criminal justice. Our excellent 
school-houses are for the exclusive occupation of our chil- 
dren. But the edifice within whose walls we are assembled 
is emphatically for the use and enjoyment of all the inhahi- 
tants of Boston. Even the old Cradle of Liberty itself is 
far less frequently and uniformly devoted to the uses of the 
whole people than this new Cradle of Literature and Learn- 
ing will be. A political canvass, or a patriotic celebration, 
or an anniversary festival, may fill that hall ten times, or it 
may be twenty or thirty times a year,—but even then the 
free discussion which justly belongs to all such occasions in- 
volves an element of division and strife, of party, of sect, or 
of section. But this hall will always be open, and always be 
occupied, and the free reading which is to find a place in it 
involves neither contention nor controversy. Those who 
entertain the most discordant opinions may here sit, shoulder 
to shoulder, enjoying their favorite authors as quietly and as 
harmoniously as those authors themselves will repose, side 
by side, when restored to a common shelf.” 


THe TRUSTEES OF THE PuBsuic LIBRARY OF THE 
City oF Boston, 
By Samu. A. B. AxBporr, 
President. 
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THE COST OF COMPLET-— 


ING THE NEW PUBLIC LIBRARY BUILDING. 


Metal work; including iron, bronze and bronze 
work, statuary and busts 1 

iciccs: including electric work, heating and 
ventilation, elevators, plumbing, bells and 
speaking-tubes, and book railway . : 

Marble and mosaic work; including floors (about 
4 acre), walls, wainscots, trims, and ceilings . 

Carpenter and cabinet work; including doors, 
bookeases, screens, and shelving (about 15 
miles in stacks alone), windows and lockers 

Plastering and stucco work; including cornices, 
ceilings, walls (about 24 acres), dae et cor- 
bels, and capitals : 

Floors, other than marble; including: woods filet 
stone, concrete, cement, asphalt, and grano- 
lithic ; also wood and stone stair-treads . : 

Rough interior work; including Guastavino tile 
arches, terra cotta partitions, , fire- ts and 
rough carpenter work : 

Painting ; including wood-finish Aue deenrative 
painting on walls and cornices 

Stone-work, interior 

Other exterior work; including: ee in Conc 
sidewalks, arcade ceiling, cellar extensions on 
Boylston street and St. James avenue, columns 
and pedestals for statuary on Dartmouth street, 

Wainscots and bases, other than marble; includ- 
ing brick-tile, wood, Keene cement, and stone. 

Trims, other than marble ; including stone, wood, 
and Keene cement . : ; : : 4 

Brick and tile work; including chimney-picces, 
hearths, fireplace linings, terra cotta caps and 
bases, and Volkmar tiles on walls 

Carving, stone 

Hardware . : 

Papier-maché work . 

Whitewashing (about 28 vcres) 

Contingencies 


Architects’ commission, at 5% 
Office expenses ; inspectors, ae ie. etc. 


$267,154 


123,500 


118,621 


67,110 


65,676 


50,751 


28,780 


59,143 
20,224 


29,810 
16,487 


13,292 


7,433 
11,500 
2,207 
744 
667 
50,000 





$929,105 
46,455 
10,000 


$985,560 . 
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APPENDIX B. 


ITEMIZED ESTIMATE OF THE COST OF COMPLET-— 


NS) 


Or 


~1 


ING THE NEW PUBLIC LIBRARY BUILDING, AS 
REDUCED BY THE TRUSTEES. 


Metal work; including iron, bronze and bronze 

work, statuary and busts : : . $185,154 
Fixtures; including electric work, heating and 

ventilation, elevators, plumbing, bells “and 

speaking: tubes, and book railway. » 123,500 
Marble and mosaic work; including floors (about 

4 acre), walls, wainscots, trims, ‘and ceilings: +} 108,421 
Carpenter and cabinet work ; including doors, : - 

bookeases, screens, and shelving (about 15 

miles in stacks alone), windows and lockers. 49,116 
Plastering and stucco work; including cornices, 

ceilings, walls (about 24 acres), pilasters, 

corbels, and capitals : ¢ 65,67 
Floors, other than marble; including aad fale 

stone, concrete, cement, asphalt, and grano- 

Wine: also wood and stone stair-treads . 3 50,7a1 
Rough interior work; including Guastavino tile 

arches, terra cotta partitions, fire-proofing, and 


rough carpenter work . 28, ONE 
Painting ; including wood finish and decorative } 

painting on walls and cornices : 4 : 25,143 
Stone-work, interior . é : 20,224 


Other exterior work; including “Cloel in sonen 

sidewalks, arcade ceiling, cellar extensions on 

Boylston streetand St. James avenue, columns 

and pedestals for statuary on Dartmouth street, 19,810 
Wainscots and bases, other than marble; includ- 

ing brick-tile and wood, Keene cement, and 


stone ; 16,487 
Trims, other thaw tnaepler : including stare: woods 
and Keene cement . j ‘ 19,202 


Brick and tile work ; including chimhey-pieces. 
hearths, fireplace linings, terra cotta caps and 





bases, and Volkmar tiles on walls . é ‘ TASS 
Carving. stone . : , : ‘ ; 11,500 
Hardware . ; : d i : ; : 2,207 
Papier-maché work . 4 : : : 74 Lt 
Whitewashing (about 22 acres) . : 667 
Contingencies, about 10%, ; : Q 2 ; 71,395 
$800,000 

Architects’ commission, at 5% . 2 i : 40,000 
Office expenses ; inspectors, watchmen, etc. A 10,000 





$850,000 
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APPENDIX C. 


REPORT OF THE CLERK OF WORKS ON THE NEW 
PUBLIC LIBRARY BUILDING, FOR 1890. 


New ConrtTRACTS. 


Post & McCord, iron roof, Apr. 12, 1890. 
Lindeman Terra Cotta Roofing Tile Co., tile roofing, May 2, 
1890. 
PRESENT CONDITION OF BUILDING. 


Facades and interior masonry walls complete. Granite platform 
around building about half built. Fire-proof floors substantially 
complete throughout, with exception of part of stacks C and D. 
Iron roof practically finished. Tile roofing laid on nearly the whole 
of Dartmouth-street slope. Of the interior finish, the marble 
vestibule on Dartmouth street, including marble ceiling vault and 
marble floor; the walls, floor, and mosaic ceiling (all of marble) 
in the entrance hall; the marble stairs of the staircase-hall; and 
the Yorkshire stone stairs of the special library staircase, — are all 
built. 





FINANCIAL STATEMENT OF WORK UNDER THE 
VARIOUS CONTRACTS, JAN. 1, 1891. 


Contract with John T. Scully, dated May, 1888, for piling. 


Amount of contract : ; ; ; : oS ied La ae 
Payments made to date . : : : : 7,714 44 


Contract with Woodbury & Leighton, dated Aug. 1, 1888, for 
foundations, cut-granite, brick masonry, and iron-work. 











Original contract . : $266,776 00 
Net amount added by Special Orders ‘ 46,958 84 
Total amount contracted for . : : $313,734 84 
Payments made to date ; ; 7 303,344 61 
Reserve on work done . ; : . $2,500 00 
Work not done. : , : oS 9 0e23 

Balance : 4 : : } $10,390 23 





Contract with R. Guastavino, dated June 25, 1889, for fire-proof 
floors (tile arch work). 


Estimated amount of contract ; , $71,059 06 
Payments made to date : ‘ ; 62,677 57 


—_—_ 


$8,381 49 
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Reserve on work done . : : . $5,002 16 
Work not done. i y lk | hago se 49 soe 


Balance . ‘ : : ; : | $8,381 49 


Contract with Woodbury & Leighton, dated July 22, 1889, for 
cut-granite, brick masonry, iron-work, freestone, marble, terra 
cotta, carpenter work, glazing, partition blocks, and rough plumb- 
ing. 











Original contract . : $678,750 00 
Net amount added by Special Orders ; 7,672 80 
Total amount contracted for . : ; $686,422 80 
Payments made to date : a i: 421,591 00 
Reserve on work done . , ; . $50,000 00 
Work not done . : , ‘ . 214,831 80 

Balance : F ; , ; $264,831 80 





Contract with R. C. Fisher & Co., dated Aug. 21, 1889, for 
marble-work in entrance hall. 














Original contract . ; $18,600 00 
Net amount added by Special Orders : 27,383 75 
Total amount contracted for . : : $45,983 75 
Payments made to date : : : 44,239 25 
Reserve on work done . : : F $800 00 
Work not done : , , 6 : 944 50 

Balance : ; ; : ‘ $1,744 50 


Contract with Batterson, See, & Eisele, dated Aug. 21, 1889, 
for marble-work in staircase hall. 








Original contract . , : ; ‘ $69,173 00 
Net amount deducted . : é : 9,400 00 
Total amount contracted for . : : $59,773 00 
Payments made to date. : ; : 11,900 00 
Reserve on work done . 5 : - $2,100 00 


Work not done. : ‘ , ee Peres a 8. 


Balance. : é . ; ‘ $47,873 00 
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Contract with Post & McCord, dated April 12, 1890, for iron 


roof. 


Original contract 
Net amount added by Special Orders 


Total ht contracted for . 
Payments to date . 


$10,673 40 
1,038 82 


oe 


Reserve on work done 
Work not done 





Balance 


$35,000 00 
8,732 43 
$43,732 43 
32,020 21 








$11,712 22 








Contract with Lindeman Terra Cotta Roofing Tile Co., dated 


May 2, 1890, for tile roofing. 
Original contract . 


Total amount contracted for . 
Payments to date . 


. $3,754 61 
19,981 55 


Reserve on work done 
Work not done 


Balance . 


$35,000 00 





$35,000 00 
11,263 84 


a 





$23,736 16 


GENERAL FINANCIAL STATEMENT, JAN. 1, 1891. 


Amount of appropriation May 1, 1887 . 
Amount of loan authorized by Statute, 
approved March 1, 1889 ‘ 


Total appropriations 


$368,854 89 
1,000,000 00 





$1,368,854 89 


——<—$—$—<$—<—— =" 


Amount of original contracts $1,182,072 50 

Net amount added to contracts 
by Special Orders 

Miscellaneous construction 


81,347 82 
4,412 16 


$1,267,832 48 


Architects’ commission on the above 

Office expenses and incidentals, Superin- 
tendent, Watchman, Clerk 

Balance at disposal of Trustees 


63,391 62 


22,146 03 
15,484 76 


Sane! 





$1,368,854 89 
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Payments to date on contracts, including 
Special Orders, and on miscellaneous 
construction 
Payments to date on architects’ commis- 
sion. . 
Payments to ‘date. on seneral office ex- 
penses and incidentals ; 
Reserve on work done . : : : _ $74,830 17 
Work not yet done on contracts already 
made c ; <eahe . 293,839 23 
Architects’ commission on above two 
items : yl ingore 81 
Balance at disposal of Trustees ; . 15,484 76 


Balance unexpended . : 


$899,163 08 
51,458 81 


22,146 03 


396,091 97 


$1,368,854 29 








The principal items of labor and material pales sh have gone into 


the building during the year 1890 are as follows: 


Contract with Woodbury & Leighton, dated July 22, 1889. 


Cut-granite : ! ; 45,700 cubie feet. 
Common (including hollow) brick ! : 2,925; Moe 

Perth Amboy speckled brick. : : 1 Oey 

Perth Amboy court brick . : : : 144 $5 
Yorkshire stone ; ; : : ; 421 cubic feet. 
Terra cotta cornice . ; Res ia ‘ 621 linear feet. 
Terra cotta in court . ; ‘ : 4 435 pieces. 
Iron beams ‘ P ; : : : 101 tons. 

Jron columns. s : : : : LA ye 
Concrete . : ; 20,827 cubic feet. 


Granite carving (main cornice, imposts, 
architraves and soffits of arches, book- 
marks, key-blocks, and balconies). 

Marble carving, Dartmouth-street vestibule. 


Contract with Guastavino Fire Proof Construction Company, 


dated June 25, 1889. 


Tile arches and domes : : ; 75,700 square feet. 
Iron beams : F ‘ ; E : 78 tons. 
Skewbacks cut . : ; : ; : 1,400 linear feet. 


Contract with R. C Fisher & Co.. dated Aug. 21 


, 1889. 


Marble floor. ; : : 4 : 2,342 square feet. 
Yellow lowa marble . ; : 3 ; 3,500 cubie feet. 


Marble mosaic . : : : ; ‘ 2,200 square feet. 


Contract with Batterson, See, & Eisele, dated Aug. 


21, 1889. 


Echallion marble : : , : ; 875 cubic feet. 
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Contract with Post & McCord, dated April 12, 1890. 


Tron roof trusses 

Iron plate girders 

lron beams : 
Iron angles, T irons, etc. 


90 tons. 
144 tons. 


100,000 pounds. 


1% 


Contract with Lindeman Terra Cotta Roofing Tile Co., dated 


May 2, 1890. 


Roof tiles laid . ; ; . Spas 


Copper gutter laid 


9,600 


(Signed) ALEXANDER S. JENNEY, 


Clerk of the Werks. 


APPENDIX D. 


625 linear feet. 


CONTRACT PRICE AND ACTUAL COST OF FOURTEEN 


‘BUILDINGS, TAKEN 


AT RANDOM FROM REPORT 


FOR 1885, OF SUPERVISING ARCHITECT OF THE 


TREASURY. 


Bangor, Me., Custom House . 
Baltimore, Md., Court House 
Buffalo, N.Y., Custom House 
Chelsea Marine Hospital 
Cleveland Marine Hospital 

Detroit Custom House 
Indianapolis Custom House 
Louisville, Ky., Custom House 
New Haven, Conn., Custom House 
Pittsburg, Pa , Custom House 


Portsmouth, N.H., Custom House. . 


Providence, R.I., Custom House 

Richmond, Va., Custom House 

San Francisco, Cal., Custom 
House : : - - 


Contract price. 


$47,549 
112,808 
117,769 
122,185 
25,000 
103,160 
98,983 
148,158 
88,000 
39,866 
82,728 
151,000 
110,000 


400,000 


36 
04 
65 
39 
00 
66 
78 
00 
00 
00 
00 
00 
00 


00 


Actual cost. 


$103,698 
205,176 
191,764 
233,018 
87,7038 
190,933 
166,240 
246,640 
158,256 
99,767 
145,046 
209,841 
194,404 


628,581 


13 
97 
34 
dl 
66 
00 
00 
7d 
00 
00 
ot 
71 
47 


49 
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